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_ i Qtr 3, 2003 

Jun i Jul I Aug | l 
SCoR 2003-6 Mg - WSA Master Plan 


i Qtr 4, 2003 


I Qtr 1 1 2004 


_ I Qtr 2,2004 

Mar Apr | May 


Taira, 2004 
\juT~~ 


xperimental (Claims Support) completed 


C) All final (Claims Support) reports completed 
5/28/03 


Validation & Final Transfer Phase 
j s/12/03 7,7/03 


<£> Smoke constituent modeling completed 
6/3/03 

<”;> Scientific Data compilation (Non-CIInlcal) completed 
6/25/03 


O Scientific Data Summary (Non-Clinical & Clinical) completed 
7/7/03 


Q Tables and Figures available 
5/1/03 


Draft report results (short-term study) available to PM completed 
6/17/03 
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Qtr 1,2004 


Jan 


j Qtr 2, 2004 


Mar Apr May 




<£> Scientific Data compilation (shortterm clinical) completed 
6/17/03 i 


<f> Final report completed 
7/30/03 


103 68 % Im Study (SCoR2003-06/02/02) 


<0 Tables and figures available ( 6 -Month exposure) 
S/15/03 


Scientific Data compilation (Clinical -6 month exposure) completed 
6/27/03 

<0 Draft results available to PM (6 month exposure) completed 
7/18/03 


<0 Final report completed 
9/2/03 


Communications 


10/31/03 


<0 Scientific Symposium on 1,3 butadieno, Acrolein, etc. completed 
5/15/03 


•f> internal "debate" of proposed claims & supporting Science completed 
7/22/03 


<0- Scientific Q and A completed 

7/29/03 | 

<(> Presentation for external audience completed 
8/11/03 ; ; 

(} Update PREP section of PM science website completed 
8/11/03 


<0 Claim communication to regulators completed 
10/31/03 
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Surveillance Plan 
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Qtr 4, 2003 


Nov Dec 


11/3/03 


IQtr 1,2004 


Jar) 


I Qtr 2, 2004 


Surveillance plan completed 
8/12/03 


<^> Surveillance plan execution start 
11/3/03 


SAB's & External Dates 


A Presentation to SAB( Proposed) 
6/11/03 


Cy Presentation to SAB(Proposcd) 
8/4/03 


<Q> WSA final recommendation completed 

8/7/03 


<^> Product announcement to stakeholders (start) 
8/12/03 


<0 Distribution drive - product available for retail purchase (start) 
11/3/03 ; 
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